
The following informat i on Is a t r&nsla t I on of the section ojj 
bridge construction In the monthly report from the President of 
the Central Administration of Transportation to the Railroad 
Department of the Transportation Division of the SMA* The period 
covered by the report is 1-21 September 1940* 


1, Magdeburg (Y60) 9 Hoerenkrug bridge over the Elba 

The work of securing pier Ho* XX could be completed without con- , 
struct ing the expensive sheet-piling coffer-dam which was 
originally planned.., because the 'unusually low level of the water 
permitted* lowering a reinforced concrete apron as far as the tin- 
damaged part of the foundation without a coffcr-dam* 

8* iittenberge (Y69 ) , bridge over the Elbe 

The work of removing rubble was continued* 

Hfimorten (Y85), bridge over the Elbe 

Oament work on oier Ho* IV can be begun in u few days* since cement 
has become available* Mounting of the steel construction will 
probably begin on 1 October* 

4* Frankfurt^O^ bridge over the Oder 

nor© also' the shortage of cement was relieved by a plentiful 
hell very within the period of the report (X~2! September)* The 
earthwork was begun" after the difficult preparatory work was 
finished there* The demolition work on the destroyed piers and • 
abutments was continued* Good progress has been made on the steel 
construction wox% on the ©arts of the suoerat rue ture which are to 
be used where they now are® On the other hand* the delivery of 
parts from. Lauchhammer* !*©*>, from the depot at Mari enfold©, for the 
109 meter superstructure is causing difficulty in opening up the 
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( $t romtJf f nung ) because of the lack of railroad oars &r .f, or 
the American refusal to release fcfc.9 bridge parts fro® the depot at 
Mar ienf aide* The SMA has been requested tc negotiate with the 
American transport adminl & t rat i on in order to effect this release* 

Berlin^SelmenM^My^ W ©rnerwerk bridge 

The raising CHehungsarhaiten) has bean finished* avid the fitting- 
tip is in progress « Traffic to stamen $&t ad t will probably begin 
at the end of September » 

BerMn* southeast outer ring for freight 

The work on the Teltow bridge uas completed#- Traffic was resumed 
Immediately « 

Wann eee-Potadjmj, TeXtov canal bridge on th-s ?tffmns*©~ Potsdam line 
The reconstruction of the steel work hac been completed® 
Berlln-Spandau, bridge over the Havel 

The work on reconstructing the abutments was contlmed* The two- 
track temporary* bridge i^’bslng built iUo Presumably- traffic will 
m resumed in 6 -8 weeks*. 

Lguna (D9X)* bridge over the Seale 

&&bor shortage* because of the withdrawal of .workers to the ceuua 
Works., caused unusual delays Bequests to the Labor Office and the 
BMA for increase of the labor force from 33 to 150 tami have seen 
fruitless up to hot® . 

Superstruct ures 

Work on repairing war damage to the a&ftjLler super structure s couj.d 
be continued only on a ff&uuX •wale braise of continued shortage 
of materials and competent workers | work on winter protection of 
buildings important for traffic and operations was given priority* 
flans for any construction coating over 3C*tiOO EM rsmsalnaG at- a 
standstills because the SMA approval for individual budget requests 
could be obtained for only a small, part of the oon^trueticn pro-. 
Jectsu 
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